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Message Text 



UNCLASSIFIED 

PAGE 01 STATE 134991 

20 

ORIGIN USIA- 12 

INFO OCT-01 EUR-06 ADP-00 RSC-01 FBO-01 /021 R 
66632 

DRAFTED BY USIA/IOA/SS:JHKREPCHIN 
APPROVED BY EUR/EX:BBOWEN 
USIA/IIE:TARTHUR 
EUR/EE:MR VOUGHT 

046458 

R 102356Z JUL 73 
FM SECSTATE WASHDC 
TO AMEMBASSY WARSAW 

UNCLAS STATE 134991 

EO 11652 NA 

SUBJ: KRAKOW CONSULATE 
RE WARSAW 3298; STATE 106674 

1 . RESIDENT ENGINEER SCHEDULED DEPART WASHINGTON JUL 29. 

2. USE TEMPERED GLASS (POLISH) 5MM THICK. 

3. KPO PLANS ON HAND SHOW DOORS AT TOP AND BOTTOM STAIRWAY BETWEEN 
THE TWO BUILDINGS. SUGGEST THESE BE GLASS WELL AS LIBRARY 
ENTRANCE DOOR. 

4. ONE UNIT TO BE REMOVED ROOM 107 WARDROBE AND USED IN P.C. OFFICE 
ROOM 205. 

5. EABRICATE COUNTER BETWEEN MUSIC ROOM AND STOREROOM IN POLAND. 

6. RESIDENT ENGINEER TO BRING SPECIEICATIONS AND THREADER STOCK 
AND DIES FOR 1/2", 3/4" AND 1" PIPE. 

7. OJBECT TO REMOVAL WALL BETWEEN ROOMS 1 16 AND 120 SINCE THIS 
DESTROYS PRIVACY NEEDED BY CONSUL. IF WALL ALREADY REMOVED, 
PARTITION MUST BE REINSTALLED. 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 STATE 134991 

8. SLIDING DOORS ARE STANDARD SIZE TO FIT OPENINGS CREATED 
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USING SHEETROCK PANELS. 

9. PLAN INSTALL MOVEABLE PARTITION TO REPLACE WALL REMOVED BETWEEN 
ROOMS 204 & 205. OFEICE TOO LARGE WITHOUT PARTITION. ADVISE 
OPENING HEIGHT, WIDTH. ROGERS 



UNCLASSIFIED 



NNN 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 10 JUL 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973STATE1 34991 

Document Source: CORE 

Document Unique ID: 00 

Drafter: JHKREPCHIN 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: STATE 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t19730742/aaaabend.tel 

Line Count: 66 
Locator: TEXT ON-LINE 
Office: ORIGIN USIA 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: kelleywO 
Review Comment: n/a 
Review Content Flags: 

Review Date: 13 DEC 2001 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <13-Dec-2001 by thomasv0>; APPROVED <12 MAR 2002 by kelleyw0> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: KRAKOW CONSULATE 
TAGS: ABLD, PL 
To: WARSAW 
Type: TE 
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